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Thi* negotiated contract ia entered into pursuant to statutory authority and any required determination and findings have been 
made. 

This contract is entered into, by and between the United States of America, hereinafter called the Government, represented by the 
Contracting Officer executing this contract, and above named Contractor who is an f~1 Individual, | | Partnership, fx~~| Corporation, 
incorporated in the State of , hereinafter called theContractor. 25X1 

The parties hereto agree that the Contractor shall furnish the facilities and deliver all supplies and perform all the services set 
forth in the attached Schedule, or Task Orders, issued hereunder, for the consideration stated therein. 

The rights and obligations of the parties to this contract shall be subject to and governed by the terms and conditions on the re- 
verse hereof, attached Schedule and General Provisions. To the extent of any inconsistency between the Schedule and General 
Provisions, and any specifications or other provisions which are made a part of the contract by reference or otherwise, the Schedule 
and the General Provisions shall control. To the extent of any inconsistency between the Schedule and the General Provisions, 
the Schedule shall control. 

For this purpose, a small business concern is 

. operation and, with its affiliates, employs fewer than 500 employees, or (ii) is 

certified as a small business concern by the Small Business Administration. (See Code of Federal Reg., Title 13, Ch. II. Part 
103, 21 Fed. Reg. 9708, which contains the detailed definition and related procedures.), (b) that it □ has, (2 has not, previously 
been denied a Small Business Certificate by the Small Buaineaa Administration, and (c) if offeror is a regular dealer, it also rep- 
resents that all supplies to be furnished hereunder £ 7 ] will, □ will not be manufactured or produced in the United States or its 
territories or possessions by a small business manufacturer or producer; and, further, makes the representations regarding contin- 1 
gent or other fees, set forth on the reverse hereof. 


The Contractor represents (a) that it (Jp is, □ is not, a small business concern, 
a concern that (i) is not dominant in its fielaof 
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NOTICE 

This material contains information affecting the National Defense of the United 
States within the meaning of the Espionage Laws, Title 18, U.S.C. Secs. 793 snd 
794, the transmission or revelation of which in any manner to an unauthorized 
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SCOPE OF WORK : 

The Contractor shall provide the necessary facilities, equipment, materials, 
and qualified personnel for a continuing program on investigations of communica- 
tions systems involving: 

(1) Engineering consultation directed toward the fulfi llm ent of problems 
pertaining to Agency Radio Equipment , Base Radio Equipment, Direction 
Finding Equipment, and Intercept Equipment* 

(2) Engineering consultation to provide current information in the field 
of Radio Frequency Propagation. 

(3) Studies, literature searches, and personal conferences with persons 
having capability in the specific field in question to provide latest 
state-of-the-art information. 

(4) Engineering analyses of techniques and equipment; construction of bread- 
board circuits; and field and laboratory testing. 

(5) Reports of studies and investigations, vhen required, in such forms 
and detail as the Contracting Officer or his authoriied representative 
may prescribe. 

The work described herein shall be accomplished through specific technical 
directives or work assignments to be Issued in accordance with the paragraph of 
this Schedule entitled, "Work Directive Orders". 

PERIOD OF PERFORMANCE /DELIVERY SCHEDULE : 

The period of performance of this contract is 1 July 1959 through 30 September 
i960. However, the performance period of each work assignment shall be as speci- 
fied in each Work Directive Order and may extend beyond the date established for 
completion of the contract. 

COMPENSATION : 

The total allowable charges for which the Contractor may be reimbursed in 
performance of this contract shall not exceed Nineteen Thousand Dollars and No 
Cents ($19,000.00) without the written authorization of the Contracting Officer. 

The above amount is estimated, it being understood that complete reimbursement 
for services by the Contractor shall be on a time and materials basis in accord- 
ance with the following rotes: 
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NOTICE 

This material contains information affecting the National Defense of the United 
States within the meaning of the Espionage Laws, Title 18, U.S.C. Secs. 793 and 
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CONTRACT/TASK ORDER NO. 

(RD)XG-2235 

CLASSIFICATION 


BILLING RATE PER HOUR 


Executive Engineering 
Senior Engineering 
Project Engineer 
Engineers 

Engineering Support 


$35-00 

20.00 

15-00 

10.50 

7-50 


All materials, travel, subsistence, reproduction costs and telephone and 
telegraph charges at net cost to the contractor plus freight, when applicable. 

The above rates are inclusive of direct and indirect expenses, profit, and 
any and all other expenses of whatsoever kind and description. 

WORK DIRECTIVE ORDERS : 

The work, supplies and services to be performed under this contract shall 
be technically controlled, directed and approved by the issuance of "Work 
Directive Orders", in format as per Attachment "A". The duly authorized Tech- 
nical Representative of the Contracting Officer may, where urgencies of time or 
other conditions so warrant, give advance authorization to the Contractor to be 
promptly confirmed in writing by a Work Directive Order. Any such Work Directive 
Order shall not, however, alter the basic terms of, increase the scope of, or 
obligate additional funds to this work order contract, any such amendments to 
be made only by bilaterally executed contract amendments. 

Each such Work Directive Order shall be consecutively numbered, dated and 
signed by the Contracting Officer, hereunder, or his duly authorized repre- 
sentative, and shall contain the following, among other, provisions: (l) 
a reference to this contract; (2) technical instructions for performance of 
the work authorized, description of the supplies and services to be furnished 
in reasonable detail, including, wherever appropriate, a reference to applica- 
ble plans and specifications; ( 3 ) a statement of the place where, and the time 
when the work is to be performed, delivered and accepted; (4) the property, if 
any, to be furnished by the Government and the date such property is to be 
delivered to the Contractor; and ( 5 ) inspection requirements. 

RECORDS : 

The Contractor agrees to make available at the office of the Contractor 
at all reasonable times during the period of performance hereunder and for 
three years thereafter any of the time and materials records for inspection 
or audit by the Contracting Officer or his duly authorized representative. 
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NOTICE 

This material contains information affecting the National Defense of the United 
States within the meaning of the Espionage Laws, Title 18, U.S.C. Secs. 793 and 
794, the transmission or revelation of which in any manner to an unauthorized 
person is prohibited by law. 
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(SCHEDULE) 


CONTRACT/TASK ORDER NO. 


[RD)XG-22: 


SUBCONTRACTS : 


(a) No contracts shall be made by the Contractor for the furnishing of any 
of the work herein contracted for without the written approval of the Contracting 
Officer. For the purposes of this clause, purchase of raw material or commercial 
stock items shall not be considered work. 


(b) The Contractor agrees that no subcontract placed under this contract 
shall provide for payment on a cost-plus-percentage-of-cost basis. 


PAYMENTS: 


The Contractor shall be reimbursed in accordance with the "Payments" article, 
hereto attached as Attachment "B". 


INVOICES : 


Mail invoices to the Issuing Office indicated hereon. 


GOVERNMENT -FURNISHED PROPERTY: 


All property furnished by the Government to the Contractor, or otherwise 
acquired by the Contractor, under Contract No. (RD)XG-558, is hereby trans- 
ferred to and accountable under this Contract No. (RD)XG-2235 • 


Any additional Government -furnished property required for performance of 
the work described in this contract shall be specified in Work Directive Orders 
issued hereunder. 


All property acquired hereunder is subject to the provisions of the Gov- 
ernment-Furnished Property clause herein. 


SECURITY : 


Contractor's special attention is called to Article 33* "Security Require- 
ments" which provides among other things that: 


"The association of the Purchaser (and Contracting Officer) with 
this procurement is classified information. This information 
will, therefore be made available to the minimum extent necessary 
on a 'need-to-know* basis, and then only to such individuals as 
have been security cleared by the Purchaser." 


NOTICE 


This material contains information affecting the National Defense of the United 
States within the meaning of the Espionage Laws, Title 18, U.S.C. Secs. 793 and 
794, the transmission or revelation of which in any manner to an unauthorized 
person is prohibited by law. - , 
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